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Message Text 


UNCLASSIFIED 

PAGE 01 TOKYO 11515 051037Z 
21 

ACTION EA- 14 

INFO OCT-01 ISO-OO PM-07 CIAE-00 INR-11 NSAE-00 RSC-01 

DODE-OO DRC-01 /035 W 

032735 

R 050829Z SEP 74 
FM AMEMBASSY TOKYO 
TO SECSTATE WASHDC 4368 
INFO COMUSJAPAN FUCHU JAPAN 

UNCLAS TOKYO 11515 

E.O. 11652: N/A 
TAGS: MARR, JA 

SUBJECT: PERIODIC STATUS REPORT - JAPAN BASE CONSOLIDATION PLANS 
REF: TOKYO 9661 DTG 240146Z JUL 74 

1. PERIODIC STATUS REPORT ON JAPAN BASE CONSOLIDATION PLANS 
FOR PERIOD THROUGH JULY 31, 1974 FOLLOWS: 

2. KPCP - PHASE I 90 PERCENT COMPLETE WITH ALL PROJECTS BASICALLY 
ON SCHEDULE. PHASES I. II. Ill OF GRANT HEIGHTS/GREEN PARK 
PORTION 95 PERCENT COMPLETED, 15 PERCENT OF WORK COMPLETED 
ON 10 OF 15 PROJECTS IN PHASE IV. 

3. JFAP - BREAKDOWN BY INDIVIDUAL PROGRAM BELOW: 


UNDER 
DESIGN 
A. PROGRAM I 
(32PROJ.) 13 


COMPLETED UNDER 
CONSTRUCTION 

1 18 0 


CONTRACT AWARDED 
WORK NOT BEGUN 


B. PROGRAM III 

(5 PROJ.) 0 2 1)55.1 PERCENT) 0 

COMPLETE 


C. PROGRAM VIII 

(39 PROJ.) 3 0 0 0 

UNCLASSIFIED 

UNCLASSIFIED 
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D. PROGRAMS II, IV, V, VI, VIII STATUS UNCHANGED FROM REP. 

(NOTE: PROGRESS IS BEING MADE IN JFAP SPECIAL WORKING GROUP 
TOWARDS RESOLUTION OF AIR CONDITIONING AND STRUCTURAL DESIGN 
DIFFERENCES BETWEEN USFJ AND DFAA.) 

4. OBCP - O CHANGE IN STATUS OF CONSTRUCTION. GOJ HAS REQUESTED 
ESTABLISHMENT OF NEW SPECIAL WORKING GROUP TO DISCUSS OBCP AND 
USG PRIORITIES FOR RELOCATION. USFJ NOW IN PROCESS OF NOMINATING 
MEMBERS TO GROUP AND DEVELOPING PRIORITIES. 

HODGSON 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 
Capture Date: 01 JAN 1994 
Channel Indicators: n/a 
Current Classification: UNCLASSIFIED 

Concepts: MILITARY BASES, PROGRESS REPORTS, MILITARY PLANS, REORGANIZATIONS 

Control Number: n/a 
Copy: SINGLE 
Draft Date: 05 SEP 1974 
Decaption Date: 01 JAN 1960 
Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1 974T0KY01 1515 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D740246-0239 
From: TOKYO 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t1 9740971 /aaaachvj. tel 

Line Count: 71 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION EA 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: TOKYO 9661 DTG 2401 46Z JUL 74 
Review Action: RELEASED, APPROVED 
Review Authority: martinjw 
Review Comment: n/a 
Review Content Flags: 

Review Date: 05 APR 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <05 APR 2002 by maustmo; APPROVED <28 JAN 2003 by martinjw> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: PERIODIC STATUS REPORT - JAPAN BASE CONSOLIDATION PLANS 
TAGS: MARR, JA, US 
To: STATE 
Type: TE 
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